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Message Text 

CONFIDENTIAL 

PAGE 01 MOSCOW 15185 181242Z 
ACTION SY-05 

INFO OCT-01 ISO-OO SYE-00 /006 W 

080351 181244Z/53 

P 181200Z OCT 77 

FM AMEMBASSY MOSCOW 

TO SECSTATE WASHDC PRIORITY 3455 

CONFIDENTIAL MOSCOW 15185 

SY CHANNEL 

FOR DASS DIKEOS AND NSU ROUSSOS FROM RSO 

E.O. 11652: GDS 
TAGS: ASEC, NSU 

SUBJECT: EMBASSY RECONSTRUCTION 
REF: MOSCOW 15052 

1 . BASED ON RESULTS OF OCTOBER 17 MEETING, POST IS FIRM CONCERNING 
REQUIREMENT TO HAVE 22 SEABEES PERMANENTLY ASSIGNED TO THE RECONSTRUC 

TION TEAM. PER PARAGRAPH 8, REFTEL, TEAM COMPOSITION BASED ON 
WORK IDENTIFIED FOR COMPLETION BY SEABEES SHOULD BE AS FOLLOWS: 7 
BUILDERS, 4 STEELWORKERS, 2 UTILITIESMEN, 4 ELECTRICIANS AND 5 OTHER 
FOR ATOTAL OF 22. PRESENT COMPOSITION OF TEAM IS AS FOLLOWS: 5 
BUILDERS, 4 UTILITIESMEN, 3 STEELWORKERS, 4 ELECTRICIANS; TOTAL 16. 

2. PROJECTIONS INDICATE THAT ONE BUILDER (HOGE) WILL DEPART NOVEMBER 
23 FOR REASSIGNMENT OUTSIDE NSU AND ONE UTILITIESMAN (JONES) WILL 
DEPART DECEMBER 1 FOR REASSIGNMENT TO RTC/FRANKFURT. IN ADDITION, BU 
C 

LOUCKS WILL DEPART FOR FRANKFURT ON OCTOBER 31 FOR MEDICAL EXAMINA- 
TION AS A RESULT OF INJURIES SUSTAINED IN ACCIDENT PRAGUE. POSSIBI- 
LITY EXISTS THAT LOUCKS COULD BE HOSPITALIZED BASED ON OUTCOME OF 
EXAMINATION. 

CONFIDENTIAL 

CONFIDENTIAL 

PAGE 02 MOSCOW 15185 181242Z 


3. REQUEST RECONSTRUCTION TEAM BE STAFFED BY NSU PER RATINGS 
IDENTIFIED PARAGRAPH 1 ABOVE, AS SOON AS POSSIBLE. 

4. A DECISION HAS NOT BEEN MADE CONCERNING STATUS OF A SPECIAL 
PROJECT DAO. PRESENT FORECASTS INDICATE THAT IF PROJECT IS 
APPROVED 22 SEABEES WILL BE REQUIRED ON SITE UNTIL O/A SEPTEMBER 1, 
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1978. IF PROJECT NOT APPROVED, 22 SEABEES WILL BE REQUIRED UNTIL 
JUNE 15, 1978. 

5. CONSTRUDTION PRIORITIES, INCLUDING START/FINISH 

ESTIMATES FOR EACH MAIN TASK, HAVE BEEN FORMULATED AND WILL BE 

SUBJECT SEPTEL. 

TOON 
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